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BILL NO. S-81-10- SS 


SPECIAL ORDINANCE NO. S 

AN ORDINANCE approving Change Order 
No. 1, Nebraska, Phase VI. 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1, Nebraska, Phase 
VI, Resolution No, 5902-81, to Rieth-Riley Construction Co., 
Inc., in connection with the Nebraska Neighborhood, for: 


The planting of thirty-four new trees 
which will reforest the Nebraska Neigh¬ 
borhood to Park Board standards. 


in the amount of $6,460.00, as set out in the specifications, 
which are on file in the Office of the Board of Public Works 
and are by reference incorporated herein and made a part hereof, 
be and the same is hereby in all things ratified, confirmed 
and approved. 

SECTION 2. That this Ordinance shall be effective 
from and after its passage and approval by the Mayor. 




APPROVED AS TO FORM AND 
LEGALITY OCTOBER 23, 1981. 








Read the firs 
seconded by 


£j. , 


time in full and on motion by_ 

_, and dulyydopted, read the second time 


(a*^d the City 


by title and refSredto the Committee 

Plan Commission for recommejadanfeirOTil— and Pu trl-ir&-ll&aring to be hjXd after 
due legal notice, at tha^t5ouncil Chambers, City-County^ Buildi ngT Fort Wayne, 
Indiana, on__ , the day of 


>19 


at 




o ' clock_M. , E.S .T. 


CHARLES W. WESTERMAN 

CITY CLERK 




Read the third ^toe—in full and on motion by 

seconded by__, an d duly adopted, placed on its 

passage. PASSED (L013TT by the following vote: 


TOTAL VOTES 

BURNS 
ElSBART 
GiaQUINTA 

NUCKOLS 


AYES 

9 


ABSTAINED 


CS 


SCHMIDT, D. 

SCHMIDT, V. 

SCHOMBURG 

STIER 
TALARICO 




DATE: 


S/'/a-rf 


. WESTERMAN - CITY CLERK 


CHARLES ” - - 

Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (Z ONING MAP) -(GENERAL^ (ANNEXATION) y(SPECIAL) 

(AP PROP R IATI ON) ORDINANCE (RESOLETiON) No 

dav o£ 


on the 


XATION) y(SPECIAL) 
, 19 P'S 



PRESIDING OFFICER 
Presented by me to the Mayor of the City of Fort Wayne, Indiana, 
the d ay of , 19 J'/ , at the hour of 

'clock 



Approved and signed by me this 
19 at the hour of / T P-p o 'clock ^-M ^E.S.T. 


CITY CLERK 
day of 






WINFIELD C. MOSES, JR.^ 

MAYOR 































































































BILL NO. 


S-81-10-28 



REPORT OF THE COMMITTEE ON FINANCE • 
WE, YOUR COMMITTEE ON Finance __ 


ORDINANCE 


__TO WHOM WAS REFERRED AN 

approving Change Order No. 1, Nebraska, Phase VI 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK. TO THE COMMON COUNCIL THAT SAID QRDINANCE_ _PASS. 


VIVIAN 

G. SCHMIDT. CHAIRMAN 

JAMES S 

;. STIER, VICE chairman , 

MARK E. 

GiaQUINTA 

PAUL M. 

BURNS ( 


-^ 'C- 

ROY J. 

SCHOMBURG 


CONCURRED IN 

DATE //7ft ft/ c: :ARLES W. WESTERMAN, city clerk 




























Memorandum 

Board of Works 
p rom David M. Anderson, Chief Street Engineer 

Nebraska, Phase VI, Resolution No. 5902-81 

B.O. #1^5-80 • - - 



Dafc* October 12. 1981 


We are attaching the original and two copies 
of Change Order #1 pertaining to the Nebraska, Phase VI 
project. 

Please sign and return the two copies to 
Street Engineering Department for distribution. 


DMA.: ms 


lILm 

David M. Anderson 


SOARS OF WORXjS 

§** f 5 ® f ^ J? s: 


I B 
j y 

m 


OCT 1 3 1981 


m 

of 

BAS 

o t 




01 

Ssj- /C 



//- 












CHANGE ORDER 


Change Order No- - 1 
Project No. -• 10,445 

Nar.e of Project Nebraska. Phase VT 

To: -Hiet h-Riley Construction Co.. Inc 

(Contractor) 

Gentlemen; 

You are hereby requested to comply v/ith the following changes from the contract plans and 
specifications: 




Resolution No. 5902-81 
Board Order No ~ns~8f) 
Date 




V'f/r/ 


Q/p^/Rl 


Item 
No - 

‘Ouantitv 

Descriotion of Chanqe 

Unit Price 

Chanae in Contract Price 

Material 

Decrease 

Increase 

?1 

?4 

New Shade Trees. 2" 



$6,460.00 




f /QO. OO 



















































Total Decrease 

Total Increase 

Net (ftecoeosec) (Increase) Contract Price 

- 0 - 



6,460.00 


6.460.00 


The sum of S 6,460.00 _ is hereby (added to) (^i^ductsaixfizjsKi) the total contract 

price, and the final contract price shall be adjusted as follows: 


Original Contract Price . $ 111,394.20 

Current Contract Price Adjusted by.Previous Change Order S_ 

New Contract Price Including this Change Order $ 117.854.20 


ihe time provided for completion in the contract for this project is (unchanged) (ifssxssjseci) 
(cfasxHHsed) by - 0 - calendar days due to this Change Order. The date for complexion 
of all work shall be Spring of 1982 Furthermore, this document shall become an 

endment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: 
Accepted by; 
Approved by: 
Approved by; 




(Chief Street 


r) Date 


Qmlhi 


CaJLAi 


(Contractor) Date /O " 


Director of Transportation 
_ pgxjsosr) Date /Q ~/~X7 






(O.vner) Date /e~ /tf-f'i 


ested by: 




✓ * -/V-f* 


























































1 


‘RECEIVED! 


. • OCT 819SJ 

'STREET ENGINEER 1 

DEPArrHEQugsi 


: * Change Order Mo. 

Resolution No- 
Board Order No - 

JUSTIFICATION FOR CHANGE 


NiG 

AND 


5902-81 

13^-.8Q 


Necessity for change: The planting of thirty-four new trees win reforest. 

the Nebraska, Neighborhood to Park Board standards. This will also improve 

the aesthetic appeal and the ecology of the neighborhood. 



Will proposed change alter size of the project? Yes_ No _X_ 

If yes, explain: ___ 


Affect on operation and maintenance cost of this project: No change 



































3 ^fey s/so-^p 

OF ORDINANC E CHANGE ORDER #1, NEBRASKA, PHASE VI, RES.59 02-81 

ARTMENT REQUESTING ORDINANC E BOARD ’OF PUBLIC WORKS _ ' 

SYNOPSIS OF ORDINANCE CHANGE ORDER #1, NEBRASKA, PHASE VI, RESOLUTION 5902-81. 


THE CHANGE IS FOR THE PLANTING OF THIRTY-FOUR NEW TREES .WILL REFOREST 


THE NEBRASKA NEIGHBORHOOD TO 

PARK 

BOARD STANDARDS. THIS 

WILL ALSO 

IMPROVE THE AESTHETIC APPEAL 

AND ' 

THE ECOLOGY OF THE NEIGHBORHOOD. 

THIS WILL NOT CHANGE THE SIZE 

; OF 1 

THE PROJECT, OR WILL IT 

AFFECT THE 

- OPERATION AND MAINTENANCE COST OF 

THIS PROJECT. 


RIETH-RILEY CONSTRUCTION’CO., 

INC 

. AWARDED THE CONTRACT . 



EFFECT OF PASSAG E THE PLANTING OF THIRTY-FOUR NEW TREES TO REFOREST THE NEBRASKA 
PHASE VI AREA. 


EFFECT OF NON-PASSAGE THE ABOVE DESCRIBED CHANGE CANNOT OCCUR. 


j -;---;—------- 

| MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $6,460.00 TO BE PAID BY COMMUNITY 
i DEVELOPMENT & PLANNING. 

ASSIGNED TO. COMMITTEE__ 


sa 




























